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Message Text 


UNCLASSIFIED 

PAGE 01 ABU DH 03379 151028Z 
ACTION NEA-10 

INFO OCT-01 EB-07 ISO-OO L-03 /021 W 

008083 /14 

R 151000Z DEC 76 
FM AMEMBASSY ABU DHABI 
TO SECSTATE WASHDC 5341 
INFO USDOC WASHDC 

UNCLAS ABU DHABI 3379 

E.O. 11652: NA 
TAGS: BIS TC 

SUB J : MORE ON PEAVY & TOWNSON 

REF: STATE 241015 

THE PEAVY & TOWNSON PROJECT (REFTEL) HAS OFFICIALLY 
BEEN DECLARED IN DEFAULT. ON DECEMBER 12 THE ABU DHABI 
DEPARTMENT OF PUBLIC WORKS STARTED MACHINERY ROLLING TO 
EXPEL PEAVY & TOWNSON FROM THE PROJECT SITE! ACTUALLY THE 
FIRM WAS ALREADY LONG GONE), SEIZE ALL REMAINING PLANT AND 
EQUIPMENT, AND EXERCISE THE STANDBY LETTER OF CREDIT WHICH 
CONSTITUES THE PERFORMANCE GUARANTEE. 

COMMENT: TO OUR KNOWLEDGE THIS IS FIRST CASE IN UAE IN WHICH 
PERFORMANCE GUARANTEE WAS ACTUALLY CALLED. GOVERNMENT 
LEANED OVER BACKWARD TO AVOID CALLING GUARANTEE, 

BUT HAND WAS FINALLY FORCED BY COMPLETE FAILURE OF PEAVY 
& TOWNSON TO RESUME WORK WHICH WAS STOPPED IN AUGUST. 

IN SPITE OF ALL EFFORTS CASE HAS GIVEN ALL US CONSTRUCTION 
FIRMS HERE BLACK EYE BY ASSOCIATION. 

DICKMAN 


UNCLASSIFIED 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 15 DEC 1976 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1976ABUDFI03379 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D760461-0828 
From: ABU DHABI 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1976/newtext/t1 9761 239/aaaabhcg. tel 

Line Count: 45 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION NEA 
Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 1 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: 76 STATE 241 01 5 
Review Action: RELEASED, APPROVED 
Review Authority: schwenja 
Review Comment: n/a 
Review Content Flags: 

Review Date: 15 JUN 2004 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <15 JUN 2004 by hattaycs>; APPROVED <23 AUG 2004 by schwenja> 

Review Markings: 

Margaret P. Grafeld 
Declassified/Released 
US Department of State 
EO Systematic Review 
04 MAY 2006 


Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: MORE ON PEAVY & TOWNSON 
TAGS: BDIS, TC 
To: STATE 
Type: TE 
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